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MONTHLY PROJECT REPORT 


REPORTING PERIOD 



J FUTURE 
PROJECT NUMBER 

E-5037 

PROJECT TITLE 


IX I *CT I VE 

7 PRIORITY CLASS 

I 

II 


r I CANCELED . J | SUSPENDED 

[prim. RESPONSIBILITY ~j~ PRO J F C T ENGINfl B 

! FES 


technical Bulletins 


25X1 A9a 


project requirement 


To keep the field supplied with current te chnica l information 
pertinent to general operation. 


PROJECT DESCRIPTION 


Scan technical literature to determine and select items for field 
distribution, determine distribution category, reproduce required n umbe r 
of copies, prepare cover letter, arrange approval and coordination, and 
forward to appropriate areas. 


APPROVAL DATE 


J 


/HWC/ 

/FGI/ 


STARTING date 


2 February '5 6 


COMP l E T I ON D *Tf 


1# Saltetin Ho. hi, Handbook of Surveillance Equipment, was 

expected to be delivered from the printer* for distribution in August. 

B * ££ ™ of .It., for HP 00-MH«ti«» station, 

and on the dwindling HF spectrum are being considered for preparation. 

3 ‘ adletin So. 3 $, Crystal Bata Handbook, were 

'**’■ " Ut * 4 “ “rtOTOl* HAKdlo toil... Further 
Mscrspaneie* with this saa* series ef equipment, as unearthed by Chiaf,H 
will be rectified and all interested parties informed in August. ™ 


25X1JA 


1 0. •>« 
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(Wti'n Fill'd 


MONTHLY PROJECT REPORT 


OR I <5 I NATOR l S 1 


OC-I 


^FUTURE 


Jxl- 


BUDGET EST. 


ACT l ON 
COMPLETED 


I REPORT I NG PER fOO 


1-31 July 1962 


CANCELLED 


PROJECT NUMBER 


B-5085 


PR 10* ITY CLASS 


PRIM. RESPONSIBILITY 


j I SU SPENDED 
PROJECT ENGINEER 


PROJECT TITLE 


25X1 A9a 


Communications Systems Planning for Sew Headquarters Building 


PPOJ£cr To totikina the types of Communication. systeau and the quantities of equip- 
amt that will be required for installation in the new Headquarters Building to 
meet Agency aomnmications requirements . 

' PROJECT DESCRIPTION 

To investigate and compile information on new comaunicationa systems and 
equipment. To meet regularly with representatives of the JMssage Center Staff, 
Operations, Engineering, and Security Division, and the 00 member of *h® Itev 
Building Planning Staff to discuss cooouni cations requirements for the new 
building. To prepare a list of the equipment that will be required and sug- 
gested floor plans and equipment layouts defining spare requirements. 


APPROVAL DATE 


approved BY 


January 1957 


WA 


STARTING DATE COMPLETION DATE 

January 1957 


25X1 A6d t 

for a 

25X1 A 


A contract waa signed for the relay station to be located 

A preliminary survey was completed 
ssion xine between the Lab (SP area) and 



2820A000800050005-3 







K|t?l»j£€T REPORT 


if, ' VAT OR i % ) 


"Tauqu**,^ 


1-31 July 1962 


U »cr oh ; 

fOMfLf fen [ c*hc£ll{ p 

jifKiii. dt sdot«s 1 a 11 1 f y 


SUSP* *flf D 


MJMBf d 


fdOJEf T ENS'NLCd 


« 1 1 J < - t T I 1 | f 


25X1 A9ai 


A8-3 Autonatic Receiving jPonition 


Incorporate naJ6 i inroiieble p 


Receiving Position at tbe $.S» Base < 
fvere^ CU-10 Agency 150 c# Ip* signal 
panel a BT-7 vayiabji# speed tape 
Of aatofeatically activating an alert 
keying a answer back transmitter up n 
i tbe Agent ' a AT -3 transmitter . 


aPP«Dv i ;Y 6 t 


ST ; A»T I^IG DATp 


j APRIL 7 


Jims 19^1 
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IF 

(Whtn 


MONTHLY PROJECT REPORT, 


OH I « INATOR i S ) 


BUDG ET EST. 

AMOUNT 


REPORTING PERIOD 

1-31 Jwiy 1962 


ACT ION 


r UT URE 


COMPLET 


x:i 


CANCELLED 


SUSPENDED 


\ ... _ ■ L^eau 

project number 

PR 1 OR 1 T Y CLASS 

PRIM. RESPONSIBILITY I PROJECT ENGINEE^ 

E-5151 


I 


PROJECT TITLE 


25X1 A9a 


Revlewal of Transmitter Fiald 


PROJECT REOUIRCWENT 


Investigate .pacifications, cost and availability of transactors and KF 
linaar amplifiers in the 100 watt, 5000 watt and 20000 watt ranga haring dsfi- 
nlta suitability for OC usas. 


PROJECT DESCRIPTION 


Inrastigata commercial and military equipment raeoureas with a' view 
toward salaction of trmnsaittars and/or linaar amplifiers which will meet OC 
requirements at a raasonabla cost. Prapara a report listing the relative 
Befit* and shortcomings of each as found by a comparison of manufacturers 
specifications and/or Agency tests. 


APPROVAL DATE 

July 1959 


APPROVED by 


/./ (BO 

/•/ JF8 


starting date 


COMPLETION DATE 


1. A procurement memo for a Gates HFL-1000 was drafted and forwarded. 

An analysis and appraisal request on tha awsa amplifier was forwarded to 
25X|i a R4D* questioned on raplacing a ra qulsiti onad PAL-1XA with tha 

HFL-100CMrith tha purpose in siod of haring^^^l parf ora a field twilua- 25X1 Apa 
tlon. 80 answer has been racaiwad as yet. 


25X 
25X1 A 


2 * IB reported a ftv more troubles with burned-out parts in tha 
Weatrex 12 -B ampUfiaer. WWtrex was contacted, seat the parts and we 
shipped the m to 

3 . A request for a partial A-fA on the RCA SSB-5 was drafted and 
tha tingle sideband transceiver was sent to tha lab. fhia la tha 
transceiver which, if tha lab report la favorable, should be considered 
as a replacement for the SSB-1 Mirk 17. 

k. The target data for delivery of the first two sample transit 
easts, 20 July, was missed. We are now hoping to see them sometime 
during the next reporting period. 
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(20-42) 




Ifrwpj'f. 



25X1A 
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/ Wh*n Fill* 


iMONTHtY PROJECT REPORT 




m.DGi'r tsi 


BmotUNT 


1^31 Julyl96g 


ACTION 


ACT I VF 


USPt'NOEp; 


NUMT?I n 


Mechanical Caabiaer/Printfr) 




.00 vpo all rochanieal combiner /printer for evaluation and 

repiaceaea^ f or 'existing . (TTT ■ -A- ; ^ ; '■ > f " ;'J' | [■ 


inir : (pf~20) and the all »£ chan leap printer which were 
conation do not rent. Agency requirements . A contract ; 
IH^U.L'or the dove Icpmaut of- a single devico. vh|.ch 
eturee ctf these tec units plus v&ridtis Other features 


t I VH f AT 




CI^RDP73-02820A0008C|ai 


Approved For Rel4 


- » •; 

[i- 'I-' ^SMfEETtF. ; 

C *jhCI LC f 0 ~ 

j ! 

f e:.AS$ 

I 

t ; 

1 .i-f : j 

! •• ■ 

jpRfM. RE 3 PON$!t B u|i TV f j 

8EB •' 1 

p»oj£ :r : i 
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(When FilJ^Un) *0? 


■•>R \ G I N AT OK I 3 » 


OC-MED 
MD M-60-022 


MONTHLY PROJECT REPORT 

BUDGET _ 

J amount 


' <* 1 . POH T I NO Tf - »p 


1-31 July 1962 


:AA , 


►>{? Iji CT mumsfr 


pr , :n try a 


PR 1 M . RE SPDNS IBM I TY 


PPO :ff T ENMNEIK 


E-518L 


PROJECT TITLE 


African Communications Net 


25X1 A9a 


p* Pf r> V Cl RE OU ! R f WIE Ml 


Plan equipment and layout for net. 


•R. # .1 r • '{ 


Design 2-position CW ba6e station and three 1-positlon CW out-stations., | 


Al'muV!! 1 UT 




OMf i. 1 ! I ON (AT, 


March i960 


OC-E XST 

4TV 


March i960 July I 962 


PROJECT COMPLETED JULY 1962 
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SECRET 

(Whan Filled In) 

MONTHLY PROJECT REPORT 


OR 1 G INATOR ( S) 

OC Order 7-58 


BUDGET EST. 

fY 60 

AMOUNT 


REPORTING PERIOD 

1-31 July 1962 


FUTURE 


PROJECT NUMBER 

E-5188 

PROJECT TITLE 


UFT* 


ACT ION 


COMPLETED 


PR I OR I T Y CLASS 

n 


CANCELLED 


PRIM. RESPONSIBILITY 

IBS 


ri!« 


SPENDED 


PROJECT ENGINEER 


8emi -a nnual Engineering Base and Field Reports 


25X1 A 


25X1 A 


PROJECT REOUIRFMENT 


Collect Engineering information describing current Agency co mauni - 
cations facilities . 


PROJECT DESCRIPTION 


. Pl ^T lde distribute forms, regulate reporting dates and compile 
engineering information obtained from completed forms relative to current 
locations and equipment details for all Agency Base and Field C onauni - 
cations stations. Prepare drawings from received sketches, min tain 
reference files and forward duplicates to the field. 


APPROVAL DATE 


APPROVED SY 

/BWC/ 

START 1 NG DATE 

/P0I/— 

1 June i 960 


COMPLETION DATE 


25X1 A 1. 


Installations : 


and associated drawings haw* been received from the following 



25X1 A 

£• New and/or corrected drawings have been prepared from sketches and listed 
changes submitted from the field. These have been forwarded to the stations 
listed. 


25X1 A 



FORM 
10 
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( 20 - 42 ) 



25X9A2 


i 

U4 
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W. 



(When Fille 


MONTHLY PROJECT REPORT 


ORIG INATOR (S) 

BUDGET EST, 

REPORTING PERIOD 

WW- 

■ ■ 

sSTm ; 

E Y 

— 

AMOUNT 

1-31 July 1962 


ACT I ON 


COMPLETED 


CANCELLED 


SUSPENDED 


PROJECT NUMBER 

PR 1 OR ITT CLASS 

PRIM. RESPONSIBILITY 

PROJECT ENGINEER 

.. S -5192 — J 

I 

ESS 



PROJECT TITLE 

Projectl 


PROJECT REOUIREMENT 


To provide equipment lists for a 001 
broadcast station to be las tailed in the 


5 kilowatt shortwave 


25X1 A6a 


PROJECT DESCRIPTION 


Office of OMoaunieations has been directed to procure, for stock, 
all net»asary«quipn»at for a 5 kilowatt ahortuuirejsroadcast station to 
ba halt in stock should it be required in the Bquijeient will 25X1 A6^ 

include facilities for waking tapes, emergency generator, antennas, and 
toole for waking the installation. 


7 Ptf~ 


approval date 


APPROVED BY 


TOI/ 

HWK/ 


STARTING DATE 

October I960 


COMPLETION DATE 


EROJECT CANCELLED JULY 1962, 


PORM 

10-56 


1513 



(TO- 42) 
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monthly project report 


OB I S INaTOR ( S ) 


BUDGET EST 


REPORTING PERIOD 


AMOUNT 


1-31 Julyl96g 


action 


FUTURE 


ACTIVE 


COMPLETED 


cancelled 


project number 


suspended 


PR lOfclTY CLASS 


PRIM. RESPONSIBILITY 


project engineer 


project title 


25X1 A6b 


PROJECT. requirement 


AAd layout for station 


project description 


APPXCVAU. DATE 


APPROVED BY 


STARTING DATE 


COMPLETION DATE 


rtmaRks 


PROJECT CANCELLED JULY 1962 


P 9 RM 
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It . . ‘ •• 

b *:•/’. ' '» 


( Whf 'n Fill /•(* 


MONTHLY PROJECT, REPORT 


oc 8095 


4< t ! p '.- 1 T i 
'••' “-7 

* AMOl-N? 


* 1 poo i-*m. f nj ror>.; 


. : 


' i.i' Z i ?:K - 

C-MP; ' r ' ‘ , •. C A^i' , 

• > V I m . p •• c P ; ft J,'; j r / 


JU31 July 1962 


t 


. '... .1 

f* C j't C 7 t N; f ». 


■■--it.- 

, "• 4 


s-5197 


SOS 




25X1 A9a 


1 .. 


Portable Rsargaacy- Broadcast Station 




To provide package^ medium and shortwave 1 kilowatt broadcast stations 
for field use* ! 


f 


i I 


1. Find a suitable 1 KW broadcast transmitter for, the 535/1005 JLC band. 


\ £ '■ 

•i'2* 


2* Find a suitable 1 KW broadcast transmitter for the 2-26*1 ML’ ban d 


v t 


I 


•V V IS 

;.i: ;,•? I 


3* Find antenna* useable in the 550/lCOO KC band and supporting towers 
for dipoles in the 2-30. MC band. 


Hi 


4*’ peteraine materials and accessories necessary for installation and 
operation of a complete broadcast station* and requisition these item*. ' 


i* flald t eat the stations near Washi ngton ■ D. C. 

' y ,J v. a Y < . r.wtb-i’T. ti*S ? rvST 


j . 

.1 


‘tilt 


January 1959 



January 1959 July 1962 


25X1 A9a 


'f . 


:;5f 


PROJECT COMPLETED JULY 1962. 


•:.*W 





./ V- 
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(Wh+n Pi I f ) 


i * 

| 

t- 


MONTHLY PROJECT REPORT 
A 


TTT-M-61-1UO 


6l 


R l D . G'F T f % r 
i amount 


$ 50 , 00 0.0 0 


«t*P»T»*C PTRtOO 

1-31 July I 962 


• : ..•*? 

PRf‘ ‘F -. T fc-;MRI » 

B-5199 

■»«•> Jt *' ' r [ 1 i l 


P«f) jt r-* R F.1JI1 I ft f M F N T 


XX 


ACT M N 


i X: 


! COKP.U Tl! 


PPIORITY i,l A 5 5 

I 


r*R i «. prsponsnu 

SDS 


pt » t.*vrt fnmnfia 



SELCAL 


25X1 A9a 


World-vlde selective calling system. 


' n 1 r r 1 p t 1 0 *2 


Coopute and order quantities of SELCAL Base Station Unite, Deader char sea 
and Yibrasponder unite for world-wide non-repetitive selective calling system. De- 
sign and order visual-audible alarm units and semi-automatic transmitter kevina 
devices t acknowledge receipt of selective call- * 6 


25X1 A9a 


A t> *' b f , t :m 0 a 1 » 


APPROVE D HY 


HWK 



PGI 



AR r !NP U A T V | COMP Li. T ? OK fl A 7 L 


July 1962 


PROJECT COMPLETED JULY 1962 . 
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MOKTHLY PROJECT R'tPOR'i 




1-31 July 1962 


A 




7., X 

f ft • tJ w 1 ► U fe : r. 




MtSTT-FSAB 

Pack**** radio station* vitn ptMcfeabiA, light wight, aaaily aaaaniblad 
r ' readily traaaporta&l* fey o»e operator for phased traaaxtion frm. 

C^w to Duplex RATT. 

‘ ' 1 t 

£r***mittara (approx. 100-vatt), rec*iwr», SPJ aquipaaBt and AC ganaratar* 
»”■* to '&« aalaotad fox sainicasn* practical alta and wight far rapid, aaay trace*- 
if aaacaaary fey pouch, and raXatiealy rapid and simple aaaetnbly ia tha 
f * 1 * -rr ass* it / spare t log «**♦», parevlrad harass aas , ccwcpact ateaably and 
tparatica, and acwipiat* oparatiag faoUitiea ars among re*uiram*esi and tach- 
ni^mm to' fea wad- CV, RTTY raealw, and RTTTf aaad will ba tha ctagaa or units 
<vrs ha parsawtd and piia*ad in t a* oparatioaal rafulraa»nta dictate. 



PROJECT CANCELLED JULY 1962. 
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ORISINATORtSI 

BUDGET EST. 

reporting per I 0 D 


EY 



AMOUNT 

1-31 July 1962 




UTURC 
PROJECT NUM«Efl 

*-5215 

project title 


I* I 


AC T J VC 


ACT ION _ 

1 ~~ ? COMPLETED £ CANCELLED 


PRIORITY CLASS 


PRIM. RESPONSIBILITY 



•RSV-ISW CP MQB1US AXD BASS SUKVELLASCS BJUIPMEJT 


25X1 A9a 


project resuirement rtmoiari. mobile end baa# eguipeant it related to two- way 

lomilliiiM um nfuind review as it is ponbiMft tad stocked in a different 
configuration then whet the msvfaotizrer offers. Also, transit tori sod end re- 

east stuijBMnt should enter this ravin sot a stack Itrel. should be .**!« — _ — 

PROJECT OESCRIPTJON 


IsrestigSte available aonatrelal robils end baee station equipnent 
with the object of saUetlng the best to asst OC two-way surreillanca raquira- 
osnts et e reasonable cost. Prefers e comparison chart listing the merits end 
shortcomings of each based on the taanufaaturere specifications or evaluations, 
if required. Submit results to OC-T for review sad coordination. 



APPROVAL DATE 


RtMABKS 


APPfiOvta #v 


/fOI/ 

J&*L 


I 


starting date 


January 19&2 


COMPLETION DATE 


25X1 A5a 


l^fcs Office of Logistics reports "negotiations" in progress 
elth on the qpxiak reaction facility for the pocket survell- 

Lise# equipment. Setting up such a facility appears to be sore 
distent in the future than originally expected. 

2. So work was accomplished 000 the low-cost pocket sets due 
to vacations . 



MONTHLY PROJECT REPORT 


'R 1 I NATCH ( f. ! 


* 1 T URfc 

‘•MOjfrr NUMBER 

E-521 6 

'■ » ' ■ j r f i i i t I ! 


PROJECT Btoumf.MEM 



REPORTING PERIOD 


1-31 July 1962 


X 


! *c r 1 V! ! 

r - ■ - - - — -i- 

priority class 


act ion 

I COMPLETED j [CANCELLED - 

| PR lu. RESPONS I B II Ur 


‘f ' ] 

j j SUSPENDED 


I 


EES 



25X1 A9b 


Antennas and Associated Equipment 


, „ F 1 or .® bett f r coordinated technical approach to the fulfillment of antennas 
and related equipraent requirements, all previous and future antenna planning 
vill be assigned this project number. ^ 

To assist the base' and field stations in the design of nev and renova- 
tion of present antenna systems. 

To advise the base and field station on the latest developments in 
antennas, and transmitter to antenna matching devices * 

... •sbab 1 lsh the antennae, associated equipment and related hardware 
that vill be standard stock items. 


t >'R'V* L 


Jt 


Si A '( f 




( 

* rrb0v,! - ,1V /FGI/ 

^ , • • , — 

j S T A H T 1 N G date 

COMPLETION r AT r 

f 


/HWK/_ 


j Murch 1962 

- J - 




1. The redesign of the antenna system Is continuing. One of 25X1 A6 ) 

the problems that ve have encountered is the broad band ante nna coverage 
for the low frequency range. With the minimum sun spot cycle, the slse 
of low frequency rhorabics, 4 to 10 mcs, to provide adeq uate gai n and 
coverage are not proportioned to the space available at A com- 25X1 A6t 

promise design, the use of different types of antennas are being studied. 


i 


2. The analysis and redesign of the antenna system at 25X1 A6b 

underway. As it stands now, terminated folded dipoles will be designed 
for the required operational coverage. A complete scaled model analysis 
of these antennas will be conducted at the R+D antenna range. 


3* A proposal was received from 

®n enclosed transmitting conical monqpole an tenna . 
ceallng a broad band antenna was discussed with 
months ago. The general use of this type of antenna 


I for the design 25X1 Aqa 
The idea of con- 

1* nuaber of 25X1A5ajl 

LI be for installs - 


1543 
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'PROJECT NUMBER 
E-5216 


MONTHLY PROJECT REPORT 

trim: 


HESFJT 

EES 


R£P6rTWg Period 

1-31 July 196a 


25X1 A 6 a 


tion od roofs Basically, 

frequency rang^o^F^u^32 mcs, with 
and the reflector are housed Is a 


the antenna is a conical monopoly 
rotatable reflector* The antenna 

The 


25X1 


2 $ 



25X1 A 


from 10*7 to 16 db. The elevation beaowidth at the upper half -power 
points varying from a minimum of 17* to a tsaxlmwa of 33*. Since the 
conical aonopole Is a vertical antenna, the take-off angle will he low, 
and will be best suited for long haul circuits . The power handling 
capability la 10 KW average, 20 KW pep. The utilisation of this antenna 
la being atudled. 

b. Difficulties were experienced vltj^jhe transformara of the 
^5X1 A5a1 vertical I^antennae recently erected In Arrangements have been 

nade with ^^^^for the loan of another transformer which will be 
used in an attempt to localise the troubles. 

|25X1A5a1 5. We have been Informed by the QIJ representative that ^^|is 

now willing to look into difficulties tSat we have been having with 
the TAC-1 units. It has been requaated that the field provide us with 
a summary of technical failures that they have encountered with the 
TAC-1. 

6* Recently there have been a number of failures in the direct- 
ional coupler unit of the ATS- 50. It was determined from the schematic 
of the directional coupler that one of the bridge capacitors was rated 
at 500 V. The rating of the capacitor should be 2500 V. At this tine. 
It hasn't been determined whether there is an error in the manual or 
the coupler unit. If the capacitor In the coupler unit is only 500 
volts, has agreed to replace it with the rated voltage capacitor. 


25X14 


25X1 A3a1 


X1A5a1 


« 7 . The proposal for the redesign of antenna f ield was 25X1 A 6 b 

discussed with the Chief of Station and the Station Engineer 25X1 A 6 bj 

The use of the aslmuthal cherts and the antenna pattern overlays deplet- 
ing the theoretical coverage of the present antennas was explained. 

The Chief of Station agreed to use the charts and observe the circuit 

S 'onal analysis versus the theoretical presentation. The two 

ertlcally polarised transposed dipole log-periodic antennas for 
will be received In October. 

8. A proposal wes received from an analysis of 25X1 A5a1 

the Trylon-Laport rhombic antenna. The Trylon-Laport antenna Is a 
high gain, 30 above existing rhombics, low aide lobe reduction, 1 6 db 
down, and low vertical take-off angle, 5 to 10 degrees* 
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T H O JEIT NUMBER 
B-5216 


MOHTHLY PROJECT REPORT 
TRIM. HJSSFN. 


EES 


T ffiPfflmo Period 
1-31 July lo 6 g 


2pX1A5a1 




item* under Contreot 686 , TSask 2 with 

. r"°*° *^^^i™3Krf25d 

radiation patter* parpandlcuUr to tha antoSnaUJ \i to 

l^uanoy rang, rtlch aill »tch a 50 oh. TJSll SS. 
goodafflcl.ncy, and la capabl. of handling one kllovatt of hf 

antenna eyate^uelng a°w'ft! d diJ c fflHS^Pto° 20 f,et CT * 

t* “° our - 

(<mr magacyclaj^there £55 g.ff£ 

clrS* a^ c r«.“^rt??.rw*° tl) ' ** 1 to i- »• VSWR «t.r 
ooSSi 5£5tto£ 4 * n "* r * iog and output 

s5Sar , 2s i £ , SS® , “ 

° 130 ie8B »n 35 feet for optiawm results. 


25X1 A5a1 


25X1 A6a end 


12. 




. CW amsteote on 1 August 1962 to both* 
s tin* r#port8 «W «t 1 " 




ft. of RO-8/U coe* oable) . ^k.T *”!* 5™*“ <»/«•- 

wr. "UJT at thl. tl„ (u£S2i -^o?TSS)? 


25X1 A6a 


25X1 A 
25X1 A 


25X1 A 


6a 
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PROJECT REQUIREMENT 


Design nev receiver site buildings. 
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Expand present facility to permit 24 on-line/l2 off-line tape relay operation. 


Planning calls for design of expansion 
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A study was made of methods to expand the capability of 
25X1 A6b transmitting facility. This report will .be withheld 

pending review of Chief, during his home leave in early 25X1 A6b 

August. 

25X1 A6b The study of antenna farms is continuing. This 

study should be completed during the next reporting period. 
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